
Base 

Bid 

Project in its entirety with a com- 
pletion date of 180 calendar days. 

$389,000 

$397,700 

$404,998 

$405,000 

Alt. 

#1 

) 

Install a bronze aluminum faced insu- 
lated panel in lieu of the PPG 
spandrilite section described in 

Section 08C20 or substitute "Kawneer 
Ventrow" for the entire window area. 

No Bid 

-597 

-1,225 

-1,000 

Alt. 

#2 

Install Stucco with paint finish as 
described in Section 09A00 in lieu 
of Marbletite as specified in Section 
09A00. 

+1,000 

+1,300 

+1,225 

+1,600 

Alt. 

# 3 

Install broomed and painted concrete 
finish in lieu of quarry tile in 
front entrance as described in 

Sections 09C20 and 02620. 

-1,200 

-1,500 

-1,800 

-2,000 

Alt. 

#4 

Project in its entirety with a re- 
duction in completion time from 180 
to 150 calendar days. 

+2,000 

No Charge 

No Charge 

No Charge 

) 

Recommended bid items to be accepted: 
Base Bid plus Alt. #1 and Alt. #3 

$391,000 

$397,103 

$403,773 

$404,000 


Approved For Release 2001/08/07 : CIA-RDP78-06501A000300020008-8 



